ಕರ್ನಾಟಕ ವಿದಾನ ಪರಿಷತ್ತು 


1 ಚುಕ್ಕೆ ಗುರುತಿಲ್ಲದ ಪ್ರಶ್ನೆ ಸಂಖ್ಯೆ 1423 
2. ಸದಸ್ಯರ ಹೆಸರು ಶ್ರೀಮತಿ ಎಸ್‌.ವೀಣಾ ಅಚ್ಚಯ್ಯ 
3: ಉತ್ತರಿಸಬೇಕಾದ ದಿನಾಂಕ 23-09-2021 

3 ಪ್ರಶ್ನೆಗಳು ಉತ್ತರಗಳು 

78 8ನಡಗು `ಜಿಲ್ಲೆಯಲ್ಲಿನ'ಭಾರಿ ಗಾಗ್‌ ಜಿಲ್ಲೆಗೆ ಸವಾರರ ಭಾರಿ" ಮತ್ತು "ಮಧ್ಯಮ ನೀರಾವಕೆ' 
ಮತ್ತು ಮಧ್ಯಮ ನೀರಾವರಿ ಕಾಮಗಾರಿಗಳಿಗೆ ಪ, ಪ್ರಸ್ತುತ ಆರ್ಥಿಕ ವರ್ಷದಲ್ಲಿ ರಿಗ ಚಿಕ್ಷಿಹೊಳೆ & 
ಕಾಮಗಾರಿಗಳಿಗೆ - ಪ್ರಸ್ತುತ | ಇತರೆ ಯೋಜನೆಗಳಡಿಯಲ್ಲಿ ಮುಂದುವರೆಸಿರುವ ಕಾಮಗಾರಿಗಳಿಗೆ 
ಆರ್ಥಿಕ ವರ್ಷದಲ್ಲಿ ವಿವಿಧ ಮಂಜೂರಾಗಿರುವ ಅನುದಾನದ ವಿವರಗಳು ಕೆಳಕಂಡಂತಿದೆ : 
ಯೋಜನೆಗಳ ಮೂಲಕ (ರೂ. ಕೋಟಿಗಳಲ್ಲಿ) 
ಮ 3 | ಅಕ್ಕ ಶೀರ್ಷಿಕೆ! ಯೋಜನೆ ನಾ yd ಅನುದಾನ 

T 747- ಹಾರಂಗಿ 83 1735 | 2658 
ಥ್ಥ ಚೆಕಿಹೊಳೆ 7 070 
ಇತರ್‌ ಯೋಜನೆ 45.23 
ER ಒಟ್ಟು :- 

ಆಈ ಮೆನಜೂರಾಗಿರುವ 4701- ಠೀರ್ಷಕೆಯಡ' "ಮಂಜೂರಾಗಿ 

| ಅನುದಾನದಲ್ಲಿ, 2021-22ನೇ ಸಾಲಿನ ಆಗಸ್ಟ್‌ 2021 ಮಾಹೆಯ ಅಂತ್ಯದವರೆಗೆ 
ಇದುವರೆಗೂ ರೂ.835 ಕೋಟಿ ಬಿಡುಗಡೆಯಾಗಿದ್ದು, ಪೂರ್ಣ ಮೊತ್ತವನ್ನು 
ಬಿಡುಗಡೆಯಾಗಿರುವ ವಿನಿಯೋಗಿಸಲಾಗಿರುತ್ತದೆ. 
ಹಾಗೂ ವಿನಿಯೋಗಿಸಿರುವ 
ಅನುದಾನದ" ವಿವರಗಳೇನು; 

ಇ ಸದರಿ ಅನುದಾನಡಕ್ಲಿ''ಸದರಿ TL) ಕೃಸಾನಡರವ ಕಾಮಗಾರಿಗಳ `ವಿಷೆರಗಳು 
ಕೈಗೊಂಡಿರುವ ಹಾಗೂ ಪ್ರಸ್ತುತ ಹಂತದ ವಿವರಗಳನ್ನು ಅನುಬಂಧದಲ್ಲಿ ಒದಗಿಸಲಾಗಿದೆ. 
ಕಾಮಗಾರಿಗಳ 
ವಿವರಗಳೇನು; ಹಾಗೂ 
ಸದರಿ ಕಾಮಗಾರಿಗಳ ಪ್ರಗತಿ. 
ಯಾವ  ಇಹಂತದಲ್ಲಿವೆ? 

(ಸಂಪೂರ್ಣ ವಿವರ 
ನೀಡುವುದು) 


ಸಂಖ್ಲಿಜಸಂಜ 160 ಎನ್‌ಎಲ್‌ಎ 2021 


(ಗೋವಿಂದ ಷರ. ಕಾರಿಜೋಳ) 
ಲಸಂಪನ್ಮೂಲ ಸಚಿವರು 


ವಿಧಾನ ಪರಿಷತ್ತಿನ ಸದಸ್ಯರಾದ ಮಾನ್ಯ ಶ್ರೀಮತಿ ಎಸ್‌.ವೀಣಾ ಅಚ್ಚಯ್ಯ (ವಿಧಾನ ಸಭೆಯಿಂದ ಚುನಾಯಿತರಾದವರು) ಇವರ ಚುಕ್ಕಿ ಗುರುತಿಲ್ಲದ ಪ್ರಶ್ನೆ ಸಂಖ್ಯೆ: 1275 (1423) ಳ್ಳ 


p ಅನುಬಂಧ-1 
£ ಕಾಮಗಾರಿಗಳ ವಿವರಗಳು ( ರೂ. ಲಕ್ಷಗಳಲ್ಲಿ) 
ಹ _ £ 
2021-22 ನೇ 
ವಿಧಾನಸಭಾ ವೆಚ್ಚ ದಿನಾಂಕ: 31 8: 01-04-2021 | 28 ಸಾಲಿನ ಷರಾ/ ಕಾಮಗಾರಿಯ ಪ್ರಸ್ತುತ 
ಕ್ರಸ ಲ sR ಳಿಕೆ Ki Ky 
ಕ್ರಸಂ ತಾಲ್ಲೂಕು ಕೇತ ಕಾಮಗಾರಿಯ ಹೆಸರು ಅಂದಾಜು ಮೊತ್ತ | ಗುತ್ತಿಗೆಮೊತ್ತ 13-2021 ರಂತೆ ರದು ಇದ್ದ ಉ' ಆಗನ್ಸ್‌ ಅಂತ್ಯಕ್ಕೆ ವೆಚ್ಚ ನೀಡಿರುವ ಹಂತ 
ರು » ಜೊತ “ [A 
4 ಅನುದಾನ 
; p 3 4 | [3 7 [ 9 TT i 
A. Harangi Project 
ಸ Improvements to road from Halegote main road to HL Revanna atchkat comes 
1 |Somwarpet Madikeri under Dy No 3of SUIS - ೫ 20.00 16.37 16.27 0.10 3.57 0.01 work completed 
T Construction of CC Road & Box drain.from Yadavanadu Rahabilitation colony "| 
2 }Somwarpet Madikeri U.D.Girish house to H.C.Ramesh house. 50.00 44.71 17.80 26.91 0.00 2.03 work completed 
Improvements water suppiy pipe line & Supplying new pump and repairs to | 
3 Somwarpet Madikeri Pump house of Hrangi Dam 5.00 449 0.09 4.40 . 4.40 0.33 work completed 
Reconstruction of Weir wall at Harangi vally & improvements to water tank & 
4 |Somwarpet Madikeri Constructon of new water sump & Repairs to existing pipe line at Harangi 33.00 31.25 0.00 31.25 0.00 2.36 work completed 
Colony 
iy Providing and fixing tiles to flooring from center drain to right side garden, 
5  |Somwarpet Madikeri fountain 1,2 and.Cobble stone fixing to exit Garden and Improvements of 34.00 30.84 30.34 0.50 0.00 0.04 work completed 
Children Garden of Harangi garden, - 
Providing power and computer system to ticket counter & security room at 7 f 
6 Somwarpet Madikeri Harangi Dam 5.00 5.07 407" 1.00 0.00 0.08 work completed 
Construction of 1 No of children Dry tntractive fountain at Harangi Garden 
7 |Somwarpet Madikeri y 28.00 27.57 26.37 1.20 0.00 0.09 work completed 
Providing and Fixing High Must light to HRP Colony and Improvements to HRP I 
[ Somwarpet Madikeri Colony Garden of Kushalnar 10.00 7.77 1.78 5.99 0.00 0.45 work completed 
Construction of coflapsed road bridge at Ch:2411m of Kodagarahatly- Hj 
9  Somwarpet Madikeri Kambibane road 40.00 35.76 10.93 24.83 22.09 ’ 188 work completed 
Improvements to Road from Atiluguppe main road to 7th km of SLIS 
10 |Somwarpet Madikesi 15.00 15.00 8.40 6.60 0.00 0.50 work completed 
IR 
Supplying of Drinking water supply to Athur Rehabititation Colony ,Somwarpet i 
11 |Somwarpet Madikeri Taluk 249.00 250.26 211.54 38.72 0.00 2.93 work completed 
improvements to Crest gate Platform of Harangi Dam 
12 {Somwarpet Madikeri 15.00 15.00 3.00 12.00 0.00 0.91 work completed 
Supplying of skilled labours for maintenance drainage gallery and pump House 
13 |Somwerpet Madikeri lof Harangi Dam (Labour Component) For 2019-20 9.20 9.44 5.40 4.04 0.00 0.31 work completed 
1 
Supplying of skilled labours for maintenance Harangi Dam Top {Labour > 
14 |Somwarpet Madikeri Component) For 2019-20 15.50 15.00 10.88 4.12 0.00 | 0.31 work completed 
y Development of garden beneath Harangi Dam For 2019-20 (Maintenance) 
15 Somwarpet Madikeri 20.00 18.15 11.19 6.96 0.00 0.53 work completed 
1 st 


K 2024-22 ನೇ 
ಹ ವಿಧಾನಸಭಾ ಸ ME ದೊಡ [ವೆಚೆ ದಿನಾಂಕ: 31- WMA 2021-22 ನೇ ಸಾಲಿನ ಪರಾ/ ಕಾಮಗಾರಿಯ ಪ್ರಸ್ತುತ 
ಸಿ ಳಿ ಕ್ಷೇತ್ರ ಕಮಗಾರಿಯ ಹಸರು ಅಂದಾಜು ಮೊತ್ತ | ಗು್ತಿಗೆಮೊತ್ತ | 2021 ರಂತೆ [ರಂದು ಇ ತ ಉಲ್‌ ಗನ ಅಂತ್ಯಕ್ಕೆ ವೆಚ್ಚ ನೀಡಿರುವ H 
ನಾ ಅನುಬಾನ 
I -2 3 4 5 6 7 -R 9 10 [i 
mel 

Supplying of skilled labours for maintenance Harangi 1.B (Labour Component) 

16 |Somwarpet Madikeri For 2019-20 10.80 10.80 10.55 0.25 0.00 0.02 work completed 

T Engaging labour to Head regulator 11.28 km and 27.00 km of HLBE (Labour 

17 |Somwarpet Madikeri, Component) For 2019-20 4.70 4.72 416 0.56 0.00 0.04 work completed 
Supply of skilled labours and unskilled labours for waich and ward of 

18 |Somwarpet Madikeri Chicklihole Dam {Labour component) for 2019-20 7.08 9.11 6.82 2.29 0.00 0.17 work completed 
Supply of skilled and unskilled labours for maintenance and watch and ward of 

19 |Somwarpet Madikeri SLIS {Labour component) for 2019-20 11.21 11.20 3.88 7.32 0.೦೦ 0.55 work completed 

IN Providing and fixing plumber blocks, Bearings, Automatic break system and Re- 

20 |Somwarpet Madikeri condition to Crest gate no. of Harangi Dam 9.00 9.00 0.00 9.00 0.00 0.68 Under Progress 
Providing and fixing plumber blocks, Bearings, Automatic break system and Re. 

21 iSomwarpet Madikeri ‘condition to Crest gate no.2 of Harangi Dam 9.00 9.00 0.00 9.00 0.00 0.68 Under Progress 
Providing and fixing plumber blocks, Bearings and Re-condition to Crest gate | 

22 | Somwarpet Madikeni no.3 of Harangi Dam 8.00 8.00 0.00 8.00 0.00 0.60 Under Progress 
Providing and fixing plumber blocks, Bearings, Automatic break system and Re-| K 

23 |Somwarpet Madikeri condition to Crest gate no.4 of Harangl Dam 9.00 9.00 0.00 9.00 0.00 0.68 Completed 

7” Supplying & fixing Counter weights to Canal sluice gate no. 1,2,3,4,5 & 6 of 
24 [Somwarpet Madikeri Harangi Dam 20.00 20.00 8.56 11.44 11.36 0.86 Works completed 
(8 

Supplying & fixing Counter weights to River sluice gates no. 1,2 & 3 of Harangi 

25 [Somwarpet Madikerl Dam 10.00 10.00 0.00 10.00 8.12 0.76 Works completed 

ಮಾ 4 

Supplying & fixing Counter weights 20 tonne crane and 35 tonne crane OF 

26 |Somwarpet Madikeri Herangl Dam - 5.00 5.00 0,00 5.00 0.00 0.38 Works completed 
Supplying & fixing 32 mm Wire rope Canal Sluice gate no.1, 25 &6of Harangi 

27 [Somwarpet Madikeri Dam 4 20.00 20.00 0.00 20.00 0.00 1.51 Works completed 
Sippiin & fixing 38 mm Wire rope Crest gate (Spare) of Harangi Dam ¥ 

28 |Somwarpet Madikeri | 10.00 10.00 0,00 10.00 0.00 0.76 Works completed 
Supplying & fixing 28 mm dia Wire rope for 20 tonne Crane 

29 |Somwarpet Madikeri 5,00 5,00 0.00 5.00 0.00 0.38 Works completed 

Ig Supplying & fixing, 36 mm dia Wire rope for 35 tonne crane 
30 {Somwarpet Madikeri - 5.00 5.00 0.00 5.00 0.00 0.38 Works completed 
§ Conducting survey , Investigation & Preparation of DPR for the Scheme to ್‌ 

Removal of silt from Harangi Reservoir and River bank and protection works to 

31 [Somwarpet Madikeri tributories of Harangi River in Somwarpet Taluk 30.00 30.00 0.00 30.00 0.00 2.27 Under Progres3 
Repairs to HRP Colony Quarters at Kushalnagar 

32 [Somwarpet Madikerl 13.00 11,70 0.00 11.70 11.42 0.88 work completed 


lds 


2021-22 ನೇ 
p ಿ: 01-04-2021 K 4 
ವಿಧಾನಸಭಾ ವೆಚ್ಚ ದಿನಾಂಕ: 31- 2021-22 ನೇ ಸಾಲಿನ ಷರಾ/ ಕಾಮಗಾರಿಯ ಪ್ರಸ್ತುತ 
ಸಃ ತಾಲ್ಪೂ ವ: ಹೆಸ ಮೊತ್ತ ಉಳಿಕೆ 
ಕ್ರಸಂ '( ಕು ಕ್ಷತ್ರ ಕಾಮಗಾರಿಯ ಹೆಸರು ಅಂದಾಜು ಮೊತ್ತ ಗುತ್ತಿಗೆಮೊತ್ತ 03-2021 ರಂತೆ ಸನ ಆಗೆಸ್ಟ್‌ ಅಂತ್ಯ ವೆಚ್ಚ ನೀಡಿರುವ ಹಂತ 
f 5 jy ಮೆ ಅನುದಾನ 
| 5 5 ಇ 5 ಇ 7 ಇ H p [0 SRR 
Repairs to of Superitending Engineer Quartres at Kushainagar " 
33 [Somwarpet Madikeri - - 20.00 18.26 1.00 17.26 18.01 1.30 work completed 
Up gradation of Superitending Engineer office at Kushalnagar — 
34 |Somwarpet Madikeri 20.00 20.07 0.00 20.07 0.00 152 work completed 
SN ಎ 
ಸ Development of Garden beneath Hasangi dam Balance work to be 
35 | Somwarpet Madikeri 400.00 438.12 424.65 | 13.47 0.00 1.02 completed 
Providing and fixing HT Line, [ove and fixing of light to exit garden of y 
36 {Somwarpet Madikeri Harangi Dam, 24.80 8.52 3.32 5.20 0.00 0.39 work completed 
Grairction of Musical fountain at Harangi Garden R | ॥ 
37 |Somwarpet Madikeri 249.00 263.03 200.73 62.30 0.00 4.71 work completed 
Improvements to Road from Chikkanayakanahosahally to Aragallu and Main gr - 
38 |Somwarpet Madikeri canal @ Ch: 20.850 km to 24.200 km of HLBC 99.00 72.86 59.49 13.37 0.00 1.01 work completed 
dl 
K Improvements Road from Somwarpet main road (Shirangala} to Nallur Village 
39 {Somwarpet Madikeri lof Somwarpet Taluk. 96.00 70.52 70.08 0.44 0.00 0.03 work completed 
Construction of CG road and Box drain Road no. 1 &2 of Athur Rehabilitation 
40 [|Somwarpet Madikeri colony-2 95.00 0.00 Works under Progress 
Construction of CC road and Box drain Road no. 2 & 3 of Athur Rehabilitation % 
41 |Somwarpet Madikeri colony-1 95.00 0.00 Works under Progress 
Construction of CG road and Box drain Road no. 4&5 of Athur Rehabilitation 
42 |Somwarpet Madikeri colony-1 95.00 507.59 0.00 507.59 174.56 38.37 Works under Progress 
Construction of CG road and Box drain Road no. 5 &6 of Athur Rehabilitation . p 
43 |Somwarpet Madikeri colony-1 95.00 0.00 . Works under Progress 
Construction of CG road for Yadavanadu Rehabilitation colony 
44 |Somwarpet Madikeri Shivabasaveshwata temple road to Buvanahalli (Balance length) 90.00 0.00 Works under Progress 
Improvements & providing Box drain CO works to Minor undet Dy 1 to 2of 
45 |Somwarpet Madikeri HLBC 95.00 Works under Progress 
Improvements & providing Box drain CD works to Minor under Dy 3 to Sof 
46 |Somwarpet Madikeri HLBC 95.00 Works under Progress 
Improvements & providing Box drain CD works to Minor under Dy 6 &7 of 
47 {Somwarpet Madikeri HLBC 95.00 515.41 175.91 339.50 36.97 25.67 Works under Progress 
Improvements & providing Box drain CD works to Minor under Dy 17 of HLBC 
48 |Somwarpet Madikeri 98.00 Works under Progress 
Construction of CG road and box drain from Harangi to Yadavanadu via 
49 |Somwarpet Madikeri Mavinahalla (Balance length} 98.00 Works under Progress 
el 
ig Improvements & providing Box drain CD works {o Minor under Dy 12 of HLBC 
50  \Somwarpet Madikeri 98.00 Works under Progress 


2021-22 ನೇ 
ದಿ: 01-04-2024 
ವಿಧಾನಸಭಾ Ro ವೆಚ್ಚ ದಿನಾಂಕ: 31- >| 2021-22ನೇ ಸಾಲಿನ ಷರಾ/ ಕಾಮಗಾರಿಯ ಪ್ರಸ್ತುತ 
ಕ್ರ ಸಂ ತಾಲ್ಲೂಕು ಕ್ಷೇತ ಕಾಮಗಾರಿಯ ಹೆಸರು ಅಂದಾಜು ಮೊತ್ತ ಗುತ್ತಿಗೆಮೊತ್ತ 93-2021 ರಂತೆ ರಂದು Mid ಉಳಿಕೆ ಆಗಸ್ಟ್‌ ಅಂತ್ಯಕ್ಕೆ ವೆಚ್ಚ ನೀಡಿರುವ ತ 
ಮೂತ್ತ ಅನುದಾನ 
7 2 F] p p [3 T KM] kK ೪ ) i 
Improvements & providing Box drain CD works to Minor under Dy 13 &13Rof pf 
51 Somwarpet Madikeri HLBC 99.00 Works under Progress 
| Improvements & providing Box drain CD works to Minor under Dy 14 of HLBC 
52 |Somwarpet Madikeri K 50.00 480.46 266.86 213.60 114.69 16.35 Works under Progress 
Construction of CC road and box drain from EDCL-Yadavanadu road 1° left road 
53 |Somwarpet Madikeri 1o Forest end. 99.00 Works under Progress 
Construction of CC road and box drain from EDCL-Yadavanadu road 2nd eft 
54 \Somwarpet Madikeri road to Forest end. 99.00 Works under Progress 
Improvement to light system Right side of Harangi Dam. T 
55 Somwarpet Madikerl 99.00 99.00 0.00 99,00 26.53 7.48 workunder progress 
r Improvement to light system Left side of Harangi Dam. 
56 {|Somwarpet Madikeri 98.00 98.00 0.00 98.00 0.00 7.41 workunder progress | 
Improvement to light system park area of Harangi Dam 
57 |Somwarpet Madikeri , 95.00 95.00 0.00 95,00 39.35 - 7.18 workunder progress 
I 
Providing streat light system Harangi Valley to old Division office and Dam [ 
58 [Somwarpet Madikeri main gate to Harangi colony 98.00 98.00 0.00 98.00 40.56 7.41 workunder progress 
Improvements to light system around inspection Bunglow and Helipad area of K 
59 [Somwarpet Madikert Harangi Dam 70.00 70.00 0.00 70.00 0.00 5.29 workunder progress 
J 
Providing and fixing New cables, Panel boards from DG room to crest gate _ 
60 Somwarpet Madiker ‘chamber of Harangi Dam 80.00 80.00 0.00 80.00 0.00 i; 8.05 workunder progress 
Kl | 
REJUVENATION OF HARANG! CATCHMENT AREA AND PROTECTION 
61 |Somwarpet Madiker [WORKS TO HARANGI RIVER &ITS TRIBUTORIES 13000.00 13000.00 "0.00 13000.00 0,21 2500.00 Tender process 
[Construction of Protective wall fo Right Bank of Harangi river from On:5.540 to 
62 |Somwarpet Madikeri 6.090 km (Sainika School) near Kudige village, Somwarapét Taluk, Kodagu 495,00 495.00 0.00 495.00 0.08 37.42 Tender process 
District. - 
” Security arrangement of Harangi Darn from Karmataka state Industrial security 
63 |Somwarpet Madikeri force for the year 2020-21 (October 2020 to March 2021} 60.00 60.00 11.58 48.42 0.00 3.66 Under progress 
— 
Sub total - 4) 17135.29 17204.05 1605.65 15598.40 541,92 2696.44 
B. Chikiihole Project 
Repairs to damaged service road from Ch 21.50 km to 22.20 km of New 
64 |Somwarpet Madikeri CLBC(Bollur village} 10.00 9.09 0.00 9.09 0.00 0.69 work compieted 
ni Construction Entrance Gate @ CRP Dam K k completed Final bill 
65 [somwarpet  [Madikeri 10.00 8.02 6.87 1.15 0.00 0.09 NOMS 
€ to be paid 
§ oo Ns Repairs and improvements to Leakaged Embankment portion of ch 11.00 km kK leted Final bill 
66 |Somwarpet |Macikeri |819.00kmof New CLEC 30.00 25.10 2417 0.93 0.30 007 - 


Ros 


2024-22 ನೇ 
ದಿ: 01-04-2021 A 
§ ವಿಧಾನಸಭಾ ಲ KS fe ವೆಚ್ಚ ದಿನಾಂಕ: 31- 2021-22 ನೇ ಸಾಲಿನ ಷರಾ/ ಕಾಮಗಾರಿಯ ಪ್ರಸ್ತುತ 
ಕ್ರಸಂ | ತಾಲ್ಲಾನು ಕ್ಷೇತ್ರ ಕಾಮಗಾರಿಯ ಹೆಸರು ಅಂದಾಜು ಮೊತ್ತ ಗುತ್ತಿಗೆಮೊತ್ತ ೫3-2021 ರಂತೆ ರೆಂದು ಇದ್ದ ಉಳಿಕೆ ಆಗಸ್ಟ್‌ ಅಂತ್ಯಕ್ಕೆ ಪಚ್ಚ ನೀಡಿರುವ ಜಂತ 
“| & f ; ಮೊತ್ತ ಅನುದಾನ 
i 2 TP 3 4 s - [3 7 p $ 6 1 Ma 
r ೨ Repairs to damaged Embankment and service road from ch 8.50km to10.50 » R _ 
$7 . |[Somwarpet  [Madikert {kmofoiéCLBc 20.00 16.88 0.00 16.88 16.36 128 comp sied eel 
— I: 2 I — 
Sub total - (B} 70.00 59.09 31.04 28.05 16.66 -2.12 
C. Other Works (Other than Harangi & Chiklihole Project) | § 
Construction of Flyover cum bridge across Cauvery River connecting at the - | 
68 [Virajpet Virajpet intersection of Madikeri - Tatakaveri & Napaklu - Talakaveri road at 2962.00 3214.77 1342.28 1872.49 0.00 141.56 Under Progress 
Bhagamandalg in Kodagu district Rl 
weeds clearance along river Cauvery and its tributary Kannike from origin point ಶಿ | —] 5 
69 [Virajpet Virajpet to the confluence at Bhagamandala and upto 2km after the confluence of river 190.00 183.57 64.00 119.57 23.00 9.04 work completed 
lof Madikeri taluk _. p R 
improvements and Provoiding Protective Works To Sri Arameri Kalancheri 
70 [Virajpet Virajpete Mata tn Virajpet Taluk, ‘Kodagu District. 494.00 516.53 285.45 231.08 | 193.83 17.47 under progress 
Improvements to road from Arameri Kalanchery Mata to junction of mole ಸ 
71 Virajpet Virajpete Angadi near Chambe Bellur in Virajpet Tatuk, Kodagu District. 497.00 509.23 361.62. 147.61 89.93 14.16 under progress | 
§ ] provemenis and developement of parks, providing street light to Sri ramen Ty Estimate to be 
72 J|Virajpet Virajpete Kalanchery Mata in Virajpet Taluk, Kodagu District... - 400.00 0.00 , 0.00 400.00 0.00 25.00 , pe 
1 I 
Sub total - (C) 4543.00 4424.10 2053.35 2770.75 - 306.76 204.23 
Grand Total x (A+B+C} 21748.29 21687.24 | 3690.04 18397.20 835.34 2902.79 


